AHS Building Committee, Communications Subcommittee 
Met 9/12/22 at 2:30pm (meeting held via Zoom) 


Present: Amy Speare (Chair), Liz Homan, Kirsi Allison-Ampe, Julie Dunn, Tobey Jackson, Joan 
Roman, and Victoria Clifford (Skanska). 


IV. 


Schedule update/what to expect 


e First day of steel is 9/19 and will go until January, 2023. Starting on the Fusco 
side and moving east from there. School admin is informed. 

e Skanska/Consigli had an update call with Brigham Sq apt and Millbrook office 
building. Calls went well - they haven't had any complaints. 


Topping Off Ceremony for Phase 2 


e First steel for Phase 2 will be captured with photos/video. No ceremony is 
planned. 

e Committee would like to give a chance for the Class of 2023 to be 
acknowledged by signing the Topping Off beam for Phase 2. Victoria will explore 
this with Consigli. 

e Senior Class opportunities: 

o Class of 2021 - signed beam for topping off Phase 1 2021 
o Class of 2022 - created a time capsule 
o Class of 2023 - sign beam for topping off Phase 2 2023 


9/17 Tour Planning 


e Volunteers - still getting sign-ups from the Building Committee. Matt will send 
info out to students for community service and staff 

e Publicity is happening and it’s been posted everywhere, Joan will make it an 
event of town calendar and Joan will send a reminder the morning of 
Presentation boards from HMFH - will use boards from the spring 
HMFH and Sustainability tables will both set up in lobby 
Tour handout will be edited 
QR codes will be created for additional information (sustainability, Phase 2 
scope) 
e Lessons learned from spring tour 

o Make sure Fusco is blocked off 

o Make sure elevator is operable 


Old Business 


None 


V. New Business 
None 


Meeting adjourned at 3:30pm 
Next meeting date: October 13 at 2pm 


